1626                                   UNIT   CONSTKUCTION   COSTS
Account 9003.2— Doors, Windows and Frames.
This account covers the doors, sash, hardware and frames listed below together with the labor cost of installing the same. The stool frames were made by the Kansas City Structural Stool Co.
Factory      Freight      Clifton 105 single sash, 2 ft. S| in, hy f> ft. li in. l»y 1 1 in. glazed with l.r> rihhetl glass lights, USUM! «nsh ____ ,.,...,,. ....... . . ..... . . . .....         8:125 ,50    ......     . ........
.1 .single .sash, 2 ft. Sj in. hy 4 ft. J in. hy M in. glazed with 12 rihlnnl glass lights, fixed sash.. .............. ...... .     .,..- .....            2<>.(K)    ......     . . . ......
7;i windows, 2 ft. Sj in. by i\ ft. H in. by | in. glazed with   IS ribbed glass lights, double hung. . ____ . , ...... ,   -   ..... ..... .       . ,           2X1.70    ......     , , . ......
40 nanh, ;i ft, 1 in, by 2 ft. t»i in. by  !§ in.
glazed with G ribbed glass lights, htng«*d. ..             fiU.OO           -   -       -....„,»«_
$iKU)5       S7H5.25
Stool frames for all but tin* 40 (Might wish
and 8 door frames, JJ ft, I in, by 7ft. «Un... ,        l.Xlfi 20   2U2.77      2,107,97 300 Caldwell Hanh bahuimt, No. IS. . . , , ............ , , , ,          111.95
3,8S4ft. b.m, lumber ft»r frames ft»r 40 singlt*siwh.    .....   ........            91.44
LockHy hingt\% nails, ete. ,..,,.... ..... . .   . . . ,     .   ,   .   .         ...,,.         223,32
$.1,310.93 (See Fig. 51.)
Account 9003.21   Concrete Sills.
Thin account covers the material used and the labor expended in making the power house concrete sills. About one-half of the wills were cast in place* and. the remainder as separately moulded members. They were 8 in. by 10 in. for the windows mid II in. by 10 in. for the fixed Hash at the top of the building* The material was hand mixed, 3 sand to 1 cement, and .if-m, rods rait the length of the sills. (See Fig, 51.)
Account 9003.3 ...... • VentUators,
Thin covers tho cost of 0 4K*ui. Burl ventilators with square base and the labor of installing them on the roof of the power house. They were lifted onto the roof with a locomotive mine.
0 Hurt v«wtthitor« ...........  $2KU.i7    $152.57    $41(2,74
couK. ........               ,   ,                                                 7.0*2
$41*9.70
Account 9003.4-- -Main Floor Columns, Thin account covers the cost of the material, fabrication, and labor of
erecting 57 pipe coIunniM and 1 1 structural steel columns to support the steel beams of the power housit floor* Tim 57 pipe columns were made of 4-in. pipe, with a runt-iron base and capital, and were HO placed  175.07         600.07
